City Sponsored A Bridge Home Weekly Dashboard Ending 5.24.19 
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STEP 1: 

STEP 2: 

STEP 3: 

STEP It: 

STEP 5: 

STEP 6: 

Council District Site Address 

Motion 

Feasibility Review 

Design Phase 

Construction Funds 
Allocated 

Construction 

Completed 


CD 1 

1920 U. 3rd St 

CD 2 

7600 Tyrone Ave. 

CD 2 

11471 W. Chandler Blvd. 

CD 3 

*7621 N. Canoga Ave 

CD 4 

3248 W. Riverside Dr 

CD 4 

1403 N. Gardner St 

CD 4 

1701 Camino Palmero St 

CD 7 

**2860 W. Arroyo St 

CD 8 

S96SS. St. Andrews PI 

CD 9 

2817 S. Hope St 

CD 9 

Pending new site 

CD 10 

62S S. La Fayette PI 

CD 10 

1819 S. Western Ave 

CD 11 

100 E. Sunset Ave 

CD 11 

11303 Uilshire Blvd 

CD 13 

1S33 N. Schrader Blvd 

CD 13 

121S N. Lodi Place 

CD 14 

***1426 Paloma St 

CD 14 

310 N. Main St 

CD 14 

711 N. Alameda 

CD 15 

2316 E. Imperial Hyw 

CD 15 

828 Eubank Ave 

CD 15 

SIS N. Beacon St 









Pro j ect Status Trackin g 


MOTION: The Council Office has filed a motion for BOE to review an identified site to see if it is feasible for an A Bridge Home project. 


FEASIBILITY REVIEW: The project is still being assessed. 

DESIGN PHASE: The project has been deemed feasible, a CEQA analysis is being conducted, and the design layout is being formulated. 

CONSTRUCTION ALLOCATION FUNDS: The project may have not "officially" broken ground, but construction dollars have been assigned 
via Council motion, and it will be under construction soon thereafter.* Canoga- Acquisition Funds Allocated ** Sylmar Armory (Arroyo) 
Operation Funds Allocated, and ***Paloma is Lease Funds Allocated. 

CONSTRUCTION: The project is in construction, discussed at the construction meeting, or set to begin site prep work soon. 
COMPLETED: The project is completed, and the ABH Interim Housing is set to open or the site has opened for operation. 


Prepared by Apryle Brodie, ABH Project Manager, MOCHI 


















